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BILL NO. S-90-11—S/ 


SPECIAL ORDINANCE NO. S- 14) AO 


AN ORDINANCE approving Contract FOR RES. 

#6182-90, PATTERSON-FLETCHER BUILDING 

SIDEWALK REHABILITATION between LOUIS G. 

PETRO & ASSOCIATES and the City of Fort 

Wayne, Indiana, in connection with the 

Board of Public Works and Safety. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON 
COUNCIL OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That the Contract FOR RES. #6182-90, 
PATTERSON-FLETCHER BUILDING SIDEWALK REHABILITATION by and 
between LOUIS G. PETRO & ASSOCIATES and the City of Fort 
Wayne, Indiana, in connection with the Board of Public Works 
and Safety, is hereby ratified, and affirmed and approved in 
all respects, respectfully for: 

the replacement of concrete curbface 

walk, corner wingwalk, brick pavers, 

trees and backfilling basement area on 

Wayne St. (40+/- linear feet) and 

Harrison St. (150+/- linear feet) ; 
involving a total cost of fThirty-Seven Thousand Three 
Hundred Ninety and 01/100 Dollars ($37,390.01). 

SECTION 2. Prior Approval has been requested from 
Common Council on October 23, 1990. Two copies of said 
Contract are on file with the Office of the City Clerk and 
made available for public inspection, according to law. 

SECTION 3. That this Ordinance shall be in full 


force and effect from and after its passage and any and all 


necessary approval by the Mayor. 


Councilmember 


APPROVED AS TO FORM 
AND LEGALITY 


: Dict, 
A \ wt MMe ta, 
J. Timothy McCaulay, City Attorney 





CONTRACT NO. _ 6182-90 
PATTERSON-FLETCHER BUILDING SIDEWALK REHABILITATION 





BOARD ORDER NO. _ 76-90 ; WORK ORDER NO. 10,854 


THIS CONTRACT made and entered into in triplicate this /““4%C%u day of 
Pio ct Ern hb er", 1972, by and between LOUIS G. PETRO & ASSOCIATES 

, herein called CONTRACTOR, and the 
City of Fort Wayne, Indiana, an Indiana Municipal Corporation, acting 
by and through the Mayor and the Board of Public Works and Safety, 
herein called OWNER; 


WITNESSETH, that the CONTRACTOR and the OWNER, for the considerations 
hereinafter named, agree as follows: 


ARTICLE 1: SCOPE OF WORK 





CONTRACTOR shall furnish all labor, material, equipment, tools, power, 
transportation, miscellaneous equipment, etc., necessary for the 
following: RESOLUTION NO. 6182-90 PATTERSON-FLETCHER BLDG. SIDEWALK REHAB. (BASE BID) 
Replacement of concrete curbface walk, corner wingwalk, brick pavers, trees and back- 
filling basement area on Wayne St.(40 + linear feet) and Harrison St. (150 + linear 
feet) 


all according to -~6182— : , Drawing No. 3 
Sheets . , and do everything required by this contract and 
the other documents constituting a part hereof. 


ARTICLE 2: THE CONTRACT SUM 





The OWNER shall pay CONTRACTOR for the performance of the contract the 
unit price sum of $ 374,390.01 - In the event the 
amount of work is increased or decreased by OWNER, the contract sum 
shall be increased or decreased according to the unit price schedule 
set forth in the CONTRACTOR's Proposal. 


ARTICLE 3: PROGRESS PAYMENTS 





The OWNER shall make payments on account of the contract as provided 
herein, as follows: 


Monthly progress payments will be made by OWNER upon submission of a 
statement of quantities of work completed and/or materials supplied to 
the job site as of the end of each month. On or about the 15th day of 
the following month, ninety (90%) percent of the value of the work 
performed up to the first day of that month (based on the contract 
price of labor and materials incorporated in the work) and as estimated 
by the CONTRACTOR and approved or revised by the Engineering Department 


of the OWNER less the aggregate of previous payments, will be paid by 
OWNER to the CONTRACTOR. 


ARTICLE 4: “ACCEPTANCE AND FINAL PAYMENT 





Final payment shall be due at the time the work is fully completed and 
accepted and the contract is fully performed. 


Upon filing of a Completion Affidavit by the CONTRACTOR that the work 
is ready for final inspection and acceptance, the Board of Public Works 
and Safety will direct the Engineering Department of the OWNER to 
promptly make such inspection. When the Engineering Department finds 
the work acceptable under the contract, and the contract is fully 
performed, it shall so inform the Board of Public Works and Safety 
which shall issue a final certificate stating that the work provided 
for in this Contract has been completed and is accepted. Thereupon the 
entire balance of the Contract sum shall be due and payable to the 
CONTRACTOR; provided only that CONTRACTOR shall first furnish OWNER, if 
requested to do so, satisfactory evidence that all persons who have 
supplied labor, material, or equipment for the work have been fully 
paid, and all required manpower utilization reports for this project 
have been submitted. 


ARTICLE 5: WORKMEN'S COMPENSATION ACT 


The CONTRACTOR will furnish immediately a certificate from the 
Industrial Board of the State of Indiana, that he has complied with the 
Workmen's Compensation Act in accordance with Statutes of the State of 
Indiana and Ordinances of the City of Fort Wayne. 


Any judgment rendered against the City of Fort Wayne in any suits for 
damages for injury to real or personal property, or for any injury 
sustained by any person growing out of any act or doing of Contractor, 
or its agents, employees or workmen or any judgment of any court or 
award of any Board of Arbitrators or of the Industrial Board of the 
State of Indiana rendered against the City of Fort Wayne in any suit or 
claim arising under said Workmen's Compensation for accidental injuries 
or death suffered by his employees or the employees of any f 
Subcontractor or Subcontractors in the course of their employment, when 
notice of the pendency of such suit, hearing or arbitration shall have 
been given said CONTRACTOR, shall be conclusive against CONTRACTOR as 
to amount, liability and all other things pertaining thereto; it being 
the intent of the parties hereto that CONTRACTOR indemnify and hold 
harmless OWNER in the premises. 


ARTICLE 6: NONDISCRIMINATION OF LABOR 





The CONTRACTOR further agrees to be bound by Section 15-13 (as 
amended), of the Code of the City of Fort Wayne, Indiana of 1974, 
passed by the Common Council of the City of Fort Wayne, Indiana as 
General Ordinance No. G-34-78 (as amended) on December 12th, 1978. The 
successful bidder shall file a Manpower Utilization Report for this 
project with the Compliance Office within ten (10) days after comple- 


tion of construction or upon request of the Office of Compliance. 


ARTICLE 7: PREVAILING WAGE SCALE 





The CONTRACTOR agrees to pay, and also require of his subcontractors 
that they pay wage rates on the work covered by this contract which 
shall not be less than the prescribed scale of wages as determined 
pursuant to the Statutes of the State of Indiana, and the Ordinances of 
the City of Fort Wayne according to the applicable wage scale as in- 
cluded in the bid documents. 


ARTICLE 8: COMPONENT PARTS OF THIS CONTRACT 


The following documents are as fully a part of the contract as if 
hereto attached or herein repeated: i 


as Advertisement for Bids, for Contract No. 6182-90 
b. Instructions to Bidders for Contract No. 6182-90 i 


(oy Contractor's Proposal Dated 10/17/90 x 


dis Ft. Wayne Engr. Dept. Drawing # 5 

e. Supplemental Specifications for Contract No. __ 6182-90 à 

£. Workman's Compensation Act, Statutes of the State of 
Indiana and Ordinances of the City of Fort Wayne. 

g. Non-Discrimination of Labor, General Ordinance No. G-34-78 
(as amended). 

he Prevailing Wage Scale. 

i. Performance and Guaranty Bond. 

j. _ Labor and Material Payment Bond. 

k. Minority/Female Employment Hourly Utilization. 

is Right-of-Way Cut Permit. 

m. Comprehensive Liability Insurance Coverage. 

nis MBE/ZBE Committment Forn. 





E 9: GU T Wi 


At the time of execution of this contract, the CONTRACTOR shall furnish 
a Performance and Guaranty Bond in favor of the City of Fort Wayne in 
the amount of the total value of the materials supplied and/or work 
performed under the terms of this contract. The said bond shall ensure 
the completion of the work covered hereunder and shall guarantee the 
materials and workmanship for a period of threé (3) years following 
written acceptance of the work by the OWNER. 


ARTICLE 10: INDEMNITY 


CONTRACTOR shall furnish to OWNER, within ten (10) days of the date 
hereof, a certificate from an insuror acceptable to OWNER showing 
personal injury and property damage insurance, in force and issued in 
connection with the work to be performed under this Contract, in 
amounts satisfactory to OWNER and in accordance with the Statutes of 
the State of Indiana. 


ARTICLE 11: ADJUSTMENTS OF DISPUTES 


All questions or controversies which may arise between the CONTRACTOR 
and the OWNER under the provisions of this Contract shall be subject to 
the decision of the Director of Board of Public Works & Safety of the 
OWNER, and his decision shall be final and conclusive upon the parties. 


Provided, however, no changes in the plans, specifications, or other 
phases of the work covered by this Contract will be permitted except on 
prior written authorization by the Board of Public Works and Safety. 


ARTICLE 12: COMPLETION DATE 


The CONTRACTOR agrees to complete the work specified in the contract 
within 4/15/91 consecutive calendar days after 
having been ordered by the OWNER to commence work under this contract. 


ARTICLE 13: COUNCILMANIC APPROVAL | 


This Agreement, although executed on behalf of the OWNER by the Mayor 
and Board of Public Works and Safety of the City of Fort Wayne, 
Indiana, shall not be binding upon the OWNER unless and until the same 
shall have been ratified and approved by the Common Council of the City 
of Fort Wayne, Indiana, and should said Common Council fail to approve 
the same within ninety (90) days after the date hereof, then this 
Contract shall be and become wholly void. 


IC l4: 


This contract is governed by Laws of the State of Indiana. 


IN WITNESS WHEREOF, the parties hereto have executed this Agreement the 
day and year first above written. 


(CONTRACTOR) 






BY; 


BY: 





, Secretary 


CITY FORT WAYNE, INDIANA 


Pee eal ae 


Paul Helmke, Mayor 


OF PUTTS, WORES & SAFETY, 
IS =a 


<> Ne 


—~ 





Charles E. Layton 
Pe oh a j Public Works 


A di lJa ALZA 


Michael McAlexander 
Director of Public Safety 


Douglas M. Lehman 
Director of Administration & 
Finance 


ATTEST: 





Clerk 





Patricia d: Crick, 


ACKNOWLEDGMENT 


STATE OF INDIANA: 
SS: 
COUNTY OF ALLEN: 


BEFORE ME, a Notary Public, in and for said County and State, 

this 7-/ day of Annick , 1972, personally appeared the 

within named ne ae a eee ı who being by me first duly 

sworn upon the: oaths say that they are the ee el P N : 
LA respectively, of Juur Oo Ble thread 

and as such duly authorized to execute the foregoing instrument and 

acknowledged the same as the voluntary act and deed of iene, 

for the uses and purposes therein set forth. 








IN WITNESS WHEREOF, hereunto subscribed my name, affixed my official 
seal. 


A CO ho OR 
NOTARY PUBLIC 





ILAE O- ftw 
EC. BROWN, Notary Public = Type or Print Name of Notary 
Neale of Allen County 


MY COMMISSION EXPIRES : my Commission Expires 7-26-92 


ACKNOWLEDGEMENT 


STATE OF INDIANA ) 
4 SS: Se. 
COUNTY OF ALLEN ) 


BEFORE ME, a Notary Public, in and for said County and State, this 
je day of Se: lc Yo atv a a 
personally appeared the within named Paul Helmke, Mayor of the City 


of Fort Wayne; Charles E. Layton, Michael McAlexander and -Deuglas. 
M.—Lehman, members of the Board of Public Works and Safety, City 
of Fort Wayne, Indiana; and Patricia J. Crick, Clerk of the Board 
of Public Works and Safety, City of Fort Wayne, Indiana, to me 
personally known, who being by me duly sworn said that they are 
respectively the Mayor of the City of Fort Wayne, the Members and 
Clerk of the Board of Public Works and Safety of the City of Fort 
Wayne, Indiana, and that they signed said instrument on behalf of 
the City of Fort Wayne, Indiana, with full authority so to do and 
acknowledged said instrument to be the voluntary act and deed of 
said City for the uses and purposes therein set forth. 


IN WITNESS WHEREOF, hereunto subscribed my name, affixed my” 
official seal. 


? 





i ces g a 
-ORON ee oie E ee 
NOTARY pue NOTARY PUBLIC 
MY cowmissi i geo ae Vine A SN AET A 
jSSuED THR Type or Print Name of Notary 


My Commission Expires: 


Approved by the Common Council of the City of Fort Wayne on pees of 
sf 19 : 


Special Ordinance No. 5 





Read the first time in full and on motion by 
seconded by , and du 


title and referred to the Committee on 
City Plan Commission for reccemmendation) 
due legal notice, at the Council Confer 
-Fort Wayne, Indiana, on 
of Pak) , 
a aN. E E EA 
DATED: Ll-27-JD 
— 
te i 
TERN 
ime in®full and on motion by 
> 


, and duly adopted, Placed 
T by the following vote: i 














SANDRA E. 


Read the t 
seconded by 
passage. PASSED 





















AYES _ —ys ABS TAINED ABSENT 
TOTAL VOTES MD Ree 
BOERS fv) a Eo ana 
HENRY i yas Awe a — 
HENRY vee Pe pA aa 
LONCS iE 7 ESE oink: 
A ANORA ARANI ERETI rae e oes ss 
SCHMIDT ew ee ee i ate i ae 





piteni b We) fA F0- 





Passed and adopted by the Common Council of the City of Fort 








Wayne, 
Indiana, as {ANNEXATION (APPROPRIATION) (GENERAL) 
(SPECIAL) (ZONING—MAP) ORDINANCE RESOLUTION NO. eS FOL-FO 
on the BUA day of TFA 






ATTEST SEAL 


PRESIDING OFFICER 
Presented by me to'the Mayor of the City of Fort Wayne, Indiana, on 


the Zp ae __day of- Ce AAzz) 


, 19% 
at the hour of en oA o'clock = .M.,E.S.7. 
; hi. ee ae 


SANDRA E. KENNEDY, CITY CL 









SANDRA E. 
Approved and signed by me this Ba day of ' 
19 Yo * at the hour of 215 


o'clodk Me, DeSeT 


Perea: 


PAUL HELMKE, MAYOR 





Admn. Appr. 


TITLE OF ORDINANCE: Contract for Res. #6182-90, Patterson-Fletcher 
Bldg. Sidewalk Rehabilitation 


DEPARTMENT REQUESTING ORDINANCE: Board of Public Works. & Safety 

SYNOPIS OF ORDINANCE: The Contract for Res. #6182-90, Patterson- 
Fletcher Bldg. Sidewalk Rehabilitation is for the replacement of 
concrete curbface walk, corner wingwalk, brick pavers, trees and 
backfilling basement area on Wayne St. (40+ linear feet) and Harrison 
St. (150+ linear feet) Louis G. Petro & Associates is the contractor. 
PRIOR APPROVAL RECEIVED ON OCTOBER 23, 1990. 


EFFECT OF PASSAGE: Improved sidewalk conditions at above location. 


EFFECT OF NON PASSAGE: Ca arf SH 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $37,390.01 


ASSIGNED TO COMMITTEE: 


BILL NO. S=90=11-51 





ine REPORT OF THE COMMITTEE ON PUBLIC WORKS 
\ 

f 3 MARK E. GiaQUINTA, CHAIRMAN 

j 4 CLETUS R. EDMONDS, VICE CHAIRMAN 


HENRY, SCHMIDT, TALARICO 








WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 
REFERRED AN (ORDINANCE) (RESORUKEON) approving Contract FOR 
RES. #6182-90, PATTERSON-FLETCHER BUILDING SIDEWALK REHABILI ON 


between LOULS G. PETRO & ASSOCIATES and the City of Fort 
Wayne, Indiana, 


in connection with the Board of Public Wor 
Safety 








HAVE HAD SAID (ORDINANCE) (RES@ENPEONK UNDER CONSIDERATION 
AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 
(ORDINANCE) (RESQRMYZQN) —— — 


DO PASS K 
hd ChA, R 


DO NOT PASS 














paren: V DEALE 72° 


Sandra E. Kennedy 
city Clerk 


